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CONSTRUCTION SCHEDULE - WINTER 2022 / 2023: 


The above layout identifies construction areas in the work site and impacts along 
Grove Street. Additional work to be performed in the upcoming weeks includes: CONSTRUCTION SAFTEY 


CONSTRUCTION ACTIVITIES: 
- Building E- Complete interior drywall & paint. 
- Building E- Complete interior electrical, mechanical & plumbing. 
- Building E- Complete interior finishes. 
- Building E- Complete exterior windows, doors, & fagade. 
- Building E- Complete maintenance equipment. 
-  Sitework —- Complete the fuel island. 
-  Sitework-— Complete underground utilities, curb & sidewalks. 


PUBLIC IMPACTS: COVID-19 UPDATE 
- Jersey Barriers & temp fence will continue to isolate construction areas. 
- Installation of granite curb along Grove Street may impact traffic. 
- | During sitework, trucks will be entering and leaving the site regularly. 
- During the winter, Residents have access to the 50/50 salt bin in the 
parking area. 
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Arlington DPW Facility t, 
Project Photos — January 2023 S 


Photo #1 — Bldg. E Maintenance — Metal Panel Siding Installed (1/11/23) 


Photo #2 — Bldg. E Maintenance: CMU Demising Wall & OH Crane (1/9/23) 
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Photo #3 — Bldg. E Maintenance: Maintenance Bay (1/9/23) 
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Photo #4 — Bldg. E Maintenance: Maintenance Bay (1/9/23) 
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Photo #6 — Bldg. E Admin IT — Tel-Data Install & 1‘! Coat of Paint (1/9/23) 
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Photo #8 — Bldg. E Admin. - Exterior Terracotta Panel Install (1/11/23) 
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